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ACTION AF-06 

INFO OCT-01 EUR- 1 2 ISO-OO EB-07 ERDA-05 AID-05 CEA-01 

CIAE-00 CIEP-01 COME-OO DODE-OO FPC-01 H-02 INR-07 
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012367 

R 121653Z MAR 75 
FM AMEMBASSY BAMAKO 
TO SECSTATE WASHDC 996 
INFO AMEMBASSY ABIDJAN 
AMEMBASSY LAGOS 
AMEMBASSY NDJAMENA 
AMEMBASSY NIAMEY 
AMEMBASSY OUAGADOUGOU 
AMEMBASSY PARIS 


LIMITED OFFICIAL USE BAMAKO 966 

EO 11652: N/A 
TAGS: ENRG, ML 

SUB J : TENTATIVE SCHEDULE OF TEXACO'S OPERATION IN MALI 

1. MARCH 31 TEXACO WILL COMMENCE CONSTRUCTION OF AIR 

STRIP AND WATER WELL AT YARBA SITE (260 KM 5 DEGREES EAST OF DUE 
NORTH OF TOMBOUCTOU). 

2. MAY 31 DRILL SITE BASE CAMP WILL BE ESTABLISHED. 

3. JUNE 15 OIL WELL DRILLING RIG WILL BE FLOWN TO 
CITE. 

4. ACTUAL DRILLING WILL START END OF JUNE WITH ABOUT 
50 AMERICANS ON LOCATION. 

MCGUIRE 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 
Concepts: DRILLING, PETROLEUM 
Control Number: n/a 
Copy: SINGLE 
Draft Date: 12 MAR 1975 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: MorefiRFI 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975BAMAKO00966 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750087-0322 
From: BAMAKO 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750360/aaaacbpa.tel 

Line Count: 52 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION AF 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: MorefiRH 
Review Comment: n/a 
Review Content Flags: 

Review Date: 19 MAY 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <19 MAY 2003 by ElyME>; APPROVED <19 MAY 2003 by MorefiRH> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
05 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: TENTATIVE SCHEDULE OF TEXACO'S OPERATION IN MALI 
TAGS: ENRG, ML, TEXACO 
To: STATE 
Type: TE 
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